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SECRET 


0SA-Q316 “70 
5 February 1970 

MEMORANDUM FOR: Chief, Contracts Management Division, OSA 
SUBJECT: Contract No. CH-900 task 7 

PERKIN -ELMER CORPORATION 


1. Our records indicate that subject contract was 

completed as of 6 January 1970 , and that final payment 

was made 4 February 1970 . Following is a summary of cost: 

Amount Obligated Amount Paid Balance 

$ 152,105.00 $ 152,105.00 -0- 

2. We are using this memorandum as a basis for closing 
this contract. 


25X1 A 

25X1 A 


25X1 A 


3. All deliveries and services have been completed. 



Chief, Contracts Management Division, OSA 


Dist: Orig 5 1 - Addressee 

1 - CMD/OSA UMi 
1 - B5FD/0SA tBudgTjCL) 

1 - BSFD/0SA (Contr Pint, CH-900 task 7) 
1 - RB/OSA 
NMB : klb/B§FD/OSA 


SECRET t {.v., 1 

I ExcIc'IsJ Jr: r^icj 
fc 
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SECRET 


25 X 1 D 


25 X 1 A 
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25 X 1 A 


PRECONTRACT APPROVAL 
RECORD 
(PART ONE) 


i1f?3 ■ niA.RuP7TB00697RW 

CONTRACTOR 

UGOOOOOofln 2 — 

PERKIN-EIMER CORP. 


CONTRACT NO. 

AMENDMENT NO. 

CH-900 T. 0. 

FINAL 


CONTROL NO 


0XC -008O 7^ — 
Copy / of 3 
4 Feb 1970 


T U ,c rnMTRArT APPROVAL RECORD CONTAINS A RECOMMENDATION SUBMITTED FOR CONCURRENCE OF 

T TR HE ACtTnC R O^ICER ^CO^CURRENCF ^HE CFM EF^"'" BUDGET ^AND^MNANCE^ BRANCH^'"' S^GN^F^ES^ THAT SUFf'iCENtI 
FUNDS ARE AVAILABLE (NOT^ I NCLUD I NG CONTINGENT & EXPOSURE) AND/OR HAVE BEEN ADJUSTED AS PROVIDED | 
IN THIS DOCUMENT. 


TYPE OF CONTRACT 


□ 

r 

Q F.P. REDETERM 

□ 

CP 1 F 

□ DEF 1 N IT 1 ZED 

Q FP IP 

□ 

T &M 

□ F.P. 

CP F F 

□ 

CALL 

j F 1 NANC 1 AL DAT A 


CONTRACT VALUE 

PREVIOUS OBLIGATION • PRIOR FY 


PREV 

* 152 , 105.00 / 

* 155 , 282.00 


% 


□ TECH REP 

□ FISCAL YEAR 


DESCRIPTION, PROGRAM OR LINE ITEM 

■ 

7 % i 


0 o ?//D 


fiscal year 

"I 95 T 


ORD 


PREVIOUS OBLIGATION - CURRENT FY 

- 0 - 

AMOUNT 

1 »~T 37 I 77700 T 


TOTAL THIS OBLIGATION 



CONTINGENT UPON AVAILABILITY 
OF FUNDS 


EXPOSURE L I AB I L ITY 


NEGOTIATOR APPROVAL 


_i 1 -1 


RATE 

date 

RATE 

DATE 

CP F F 0/H RATES FIXED THRU 


PRICING FORMULA FIXED THRU 


T&M RATES F IXED THRU 

— 

TECH REP RATES FIXED THRU 



PRECONTRACT 


UNIT 


CONTRACTING OFFICER 



BUDGET & FINANCE 


GENERAL COUNSEL 


[TECHNICAL REPRESENTATIVE 

sS/^ fc. 


9 me ft® 

ms M 

7 c 


TECHNICAL REPRESENTATIVE 



_ . . . - - 

ting Officer ) 

date 

date mailed 

date distributed 

/Qd/23 : CIA-BP 

P71B00697 

TOOIOOOOOOOOl^L — 

.3- 


SECRET- 


GROUP I 

Excluded from outomotic 
downgrading and 
declassification 


(12) 
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PRECONTRACT APPROVAL RECORD 

(PART TWO) 


CONTRACT 


PERKIN -E IMER CORF. 


The services and equipment being procured by this Contract No CH-QOO 
T. 0. #>T are in furtherance of the 


Program(s), the nature of which cannot be publicly disclosed for security rea- 
sons. The Contracting Officer therefore determines that this procurement must 
be accomplished by negotiations pursuant to the authority of Section 3(a) of 
PL 81-110 and Class Determination and Finding, OXC 2122, signed by the DDCI on 
15 October 1961. 

Certification of funds for this contract will be handled under the pro- 
cedure approved by the Director of Central Intelligence on 15 December 1956 
which, in effect, results in all covert expenses involving issuance of Treasury 
Checks being accumulated in a separate account within the Finance Division. The 
amounts in this account will be periodically scheduled for certification of the 
vouchers by the Director. This procedure eliminates the necessity for a sepa- 
rate certification of authority under Section 8(b) of Public Law 110, 8lst Con- 
gress (formerly 10(b) - see 85-507 dated 7/7/58) for each contract. 

The following comments describe the procurement hereby effected, the 
terms and provisions generally of this contract/amendment, and a resume of 
major issues negotiated: 

This contract was for the development of for ORD 

In order to close out this contract the following documents are attached! 

1. Audit report 

2. Release 

3. Patent statement 

4. Property statement 

5. Completion statement 

Upon receipt of notice of final payment this contract may be retired. 


POSTED j 

LEDGER 



CONTRACT 

REGISTER 
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FORM 

11-63 


2167a 


SECRET 


GROUP 1 
Excluded from automatic 
downgrading and 
declassification 


( 12 ) 
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SECRET 


25X1 A 


ORD-2431-69 
21 April 1969 


MEMORANDUM FOR: OSA/CMD 

ATTENTION : 

SUBJECT : Contract with Perkin-Elmer 


This contract (CH-900 Task 7) was satisfactorily completed 
by the Perkin-Elmer Corporation in 1967. All property has 
been disposed of in accordance with the contractual agreements. 


25X1 A 




1 iiiBi fcAsnsHe 

I dewni:>wdtng aii 
declassification 


Approved For Release 2001/04/23 : CIA-RDP71B00697R001 600090001 -2 







Approved For Released /04/23 : CIA-RDP71B00697R0016Qflp90001-2 


25X1 A L 


REPORT OF INVENTIONS AND SUBCONTRACTS 

(Pursuant to " Patent Rights” Contract Clause) 


I Form Approved 
Budget Bureau No. 22-R160 


INSTRUCTIONS 

This form may be used for INTERIM and FINAL reports, and 
when used shall be completed and forwarded to the Contracting 
Officer in triplicate. 

An INTERIM report shall be submitted at least every twelve 
months, commencing with the date of the contract, and should 
include only those inventions and subcontracts for which com- 
plete information has not previously been reported. 


TO CONTRACTOR 

A FINAL, report shall be submitted as soon as practicable 
after the work under the contract is complete and shall in- 
clude (a) a summary of all inventions required by the contract 
to be reported, including all inventions previously reported 
and any inventions since the last INTERIM report; and (b) 
any required information for subcontracts which has not pre- 
viously been reported. 

S.O. 27075 


I. NAME AND ADDRESS OF CONTRACTOR 

Perkin- Elmer Corporation 


s ragrei > vvre«i ■»■»! 


2. CONTRACT NUMBER 


CH-900 Task 7 


3. TYPE OF REPORT (check one) 

| [a. INTERIM [x]b. FINAL 


SECTION I - INVENTIONS (“Subject Inventions " required to be reported by the “Patent Rights “ clause) 


INVENTION DATA ( check one) 

I X| a> THERE WERE NO INVENTIONS which REASONABLY APPEAR TO BE PATENTABLE 

LISTED BELOW ARE INVENTIONS WHICH REASONABLY APPEAR TO BE PATENTABLE. ANY INVENTION DISCLOSURES WHICH 
HAVE NOT BEEN PREVIOUSLY SUBMITTED TO THE CONTRACTING OFFICER ARE ATTACHED TO THIS REPORT. 


(O 


NAME OF INVENTOR 


None 


(ii) 


TITLE OF INVENTION 


(Hi) 

PATENT 
APPLICATION 
SERIAL NUMBER 
AND CONTRAC- 
TOR'S DOCKET NO. 


(iv) 

CONTRACTOR 
HAS FILED 
OR WILL FILE 
U.S. PATENT 
APPLICATION 


(v) 

CONFIRMATORY 
LICENSE OR 
ASSIGNMENT HAS 
BEEN FORWARD- 
ED TO CONTRAC- 
TING OFFICER 


YES 


NO 


SECTION II - SUBCONTRACTS ( Containing a ** Patent Rights 99 clause) 


S. LISTED BELOW IS INFORMATION REQUIRED BUT NOT PREVIOUSLY REPORTED FOR SUBCONTRACTS. (If not applicable, write m None m ) 

_ 


NAME AND ADDRESS OF SUBCONTRACTOR 


None 


SUBCONTRACT NUMBER 


(HO 

1 D ATE C LAUSE 
FURNISHED TO CON- 
TRACTING OFFICER 


Ov) 


DATE 
SUBCONTRACT 
COMPLETED 


SECTION III - CERTIFICATE 


CONTRACTOR CERTIFIES THAT THIS REPORT t .OF INVENTIONS AND SUBCONTRACTS, INCLUDING ANY ATTACHMENTS, 
tS CORRECT TO THE BEST OF THE CONTRACTOR'S KNOWLEDGE AND BELIEF. 


DATE 

10/6/69 


DD > »?'0® < 2 Release 



ORIZED OFFICIAL (Print or Type) 

rator 25X1 A 
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■ | ' 

Contract Mo. CH-900 Task 7 


\ 


and in 


'ursunnt to ihe terms o£ Contract Mo. CH-900 Task 7 
ions iderat ion of the Eta of ONE HUNDRED AND FIFTY-TWO THOUSAND, ONE HUNDRED AND 
FIVE AND 00/100 Dollars ($ 152,105.00 ) which has been or 

Ls to be paid) under the said contract to THE PERKIN -ELMER CORPORATION, MAIN AVENUE, 
lORWMK, CONNECTICUT, (hereinafter called the Contractor) or its assignees, If any, 
the Contractor, upon payment of the said sum by the UNITED STATES OF AMERICA (herein- 
iftcr called the Government), does remise, release, and discharge the Government, its 
jfficerSj agents, and employees, of and from all liabilities, obligations, claims, and 
demands whatsoever under or arising from the said contract, except: 

1, Specified claims in stated amounts or in estimated amounts where the amounts 
ire not susceptible of exact statement by the Contractor, as follows: 

! NONE ' - 


Claims, together with reasonable expanses Incidental thereto, based upon, the 
Liabilities of the Contractor to third parties arising out of the performance of the 
said contract, which are not known to the Contractor on the date of the execution of 
:his release and of which the Contractor gives notice in writing to the Contracting 
)ffic.er not more than six (6) years after the date of the release of the date of any 
lotice to the Contractor that the Government is prepared to make final payment, which- 
ever is earlier. ~ . 

** 

3, Claims for reimbursement o.f costs (other than expenses of the Contractor by 
reason of '.its indemnif ication of the Government against patent liability), including 
reasonable expenses Incidental thereto, incurred by the Contractor under the provisions 
>f the said contract relating to patents. 


?he Contracto 
released as s 
son tv 


lonta 


r agrees, in connection with patent matters and with claims which are riot 
et forth above, that it will comply with all of the provisions of the said 
it, including without limitation those provisions relating to notification to the 
iting Officer and relating to the defense or prosecution of litigation. 


IN WITNESS WHEREOF, this release has been execute^tl^e 


25X1 A 
25X1 A 
25X1 A 



1970 


COMPTROLLER 


CERTIFICATE 


, certify that I am the ASSISTANT SECRETARY 

of th e corporation named as Contractor In the foregoing 

release; that who signed said release on behalf cf th 

Jontractor was fcuen COMPTROLLER _ of said corporation; that said 

release was duly signed for and in behalf of said corporation by authority of its governin 
jody and is within the scope of itn corporate powers. 
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CONTRACTOR': \SSIGNMENT OF REFUNDS, REBATES 


Approved For Release 


Contract No. CH-900 Task 7 


\ 


Pursuant to the terms of Contract No. CH-900 Task7 and in con- 

sideration of the reimbursement of costs and payment of fee, as provided in the 
said contract and any assignment thereunder THE PERKIN-ELMER CORPORATION, NORWALK, 
CONNECTICUT, (hereinafter called the contractor) ■ does hereby: 

1. Assign, transfer, set over and release to the UNITED STATES OF AMERICA 
(hereinafter called the Government) , all right, title and interest to all 
refunds, rebates, credits, and other amounts (including any interest thereon) 
arising out of the performance of the said contract, together with all the 
rights of action accrued or which may hereafter accrue thereunder. 

2. Agree to take whatever action may be necessary to effect prompt collection 

r Li . i * . i .. , . ^ . . 


of all refunds, rebates, c 


iredits, and other amounts (including any interest 


' • - * : \ J 

thereon) due! or which may become due, and. to promptly forward to the 


checks (made; payable to the Treasurer of the United States) for any proceeds 
so collectedL The reasonable costs of any such action to effect collection 
shall constitute allowable costs when approved by the Contracting Officer as 
stated in the said contract and may be 'applied to reduce any amounts otherwise 
payable to the Government under the terms hereof. 


3. Agree to cooperate fully with the Government as to any claim or suit in con- 
nection with refunds, rebates, credits, or other amounts due (including any 
interest thereon); to execute any protest, pleading, application, power of 
attorney, or other papers in connection therewith; and to permit the Government 
to represent it any hearing,, trial, or other proceeding, arising out of such 
claim or suit. 


IN WITNESS WHEREOF, this assignment has been executed this 6th dayJanuary 


25X1 A 


COMPTROLLER 

Cer ti f ie ate 

, certify that T am the ASSISTANT SECRETARY 
tio n named as Contractor in the foregoing assignment; 

25X1 A V7a ° signed said assignment ’ on behalf of the 

Cor^ra^o^w^^tnei^^CiMPTROLLER of said corporation; that said assignment 
was duly signed for and in behalf of said corporation by authority of its 
governing body and is within the scope of its corporate powers. 


25X1 A 
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SECRET 


Ap proved 


PRECONTRACT APPROVAL 
RECORD 
(PART ONE) 


CONTRACTOR 


The Perkin-Elmer 

Corporation 

CONTRACT NO. 

AMENDMENT NO. 

CH-900 


Task Order No. 7 

2 


CONTROL NO. 

OXC- 112 53-66 
Copy j of 3 

22 Dec 66 


THIS CONTRACT APPROVAL RECORD CONTAINS A RECOMMENDATION SUBMITTED FOR CONCURRENCE OF 
THE UNDERSIGNED. CONCURRENCE IN THIS PRECONTRACT APPROVAL RECORD IS RECOMMENDED BY THE CON- 
TRACTING OFFICER. BY CONCURRENCE, THE CHIEF, BUDGET AND FINANCE BRANCH. SIGNIFIES THAT SUFFICIENT 
FUNDS ARE AVAILABLE (NOT INCLUDING CONTINGENT & EXPOSURE) AND/OR HAVE BEEN ADJUSTED AS PROVIDED 
IN THIS DOCUMENT. 


| TYPE OF CONTRACT j 

□ L.l. 

O F.P. REDETERM Q 

CPIF □ TECH REP 

□ DEFINITIZED 

□ FPIP □ 

T&M □ FISCAL YEAR 

□ F.P. 

££cpff □ 

CALL TYPE 

| F 1 NANC 1 AL DATA | 

CONTRACT VALUE 

PREVIOUS OBLIGATION - PRIOR FY 

PREVIOUS OBLIGATION - CURRENT FY 

* 155,282 

* 147,799 

0 

1 

** 


| OBLIGATION BY THIS DOCUMENT j 

DESCRIPTION, PROGRAM OR LINE ITEM 

FISCAL YEAR 

PROJECT 

AMOUNT 

7162-5006 

1967 

for ORD 

*7.483 

MOR 62-002110-67 




Form 2416 is attached 




X" 7 / /■€», ' fn f .-'r a -s & t *■«-* t 1 




- r ■■■ 7 

... . 







ITOT.L Tms ™U«T,0 N - ► 

*7,483. 


CONTINGENT UPON AVAILABILITY 

OF FUNDS 




EXPOSURE LIAB ILITY 






By Memo to Dir./Oq 


A, Ref. ORD-4915 dated 


TECHNICAL REPRESENTATIVE 


15 Dec 1966, copy 


attached , 


CONTRACT SIGNATURE (Contracting Officer) 


DATE 


DATE MAILED 


-DATE Dlfgfij^UTED 


Ap^rmefLFnr Balease 7001 /fM/93 ■ CIA-RliP71 ROnfifl 




1967 

0001 - 


13 JAN 1? 


FORM 2167 

11-63 


SECRET 


GROUP 1 

Excluded from aulomalic 
downgrading and 
declassification 


( 12 ) 
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PRECONTRACT APPROVAL RECORD 

(PART TWO) 


contract 


CH-900 


The services and equipment being procured by this Contract No.. 
CH-900, T.O. #7 are q n furtherance of the OXCA R T 


Program(s), the nature of which cannot be publicly disclosed for security rea- 
sons. The Contracting Officer therefore determines that this procurement must 
be accomplished by negotiations pursuant to the authority of Section 3(a) of 
PL 81-110 and Class Determination and Finding, OXC 2122, signed by the DDCI on 
15 October 1961 . 

Certification of funds for this contract will be handled under the pro- 
cedure approved by the Director of Central Intelligence on 15 December 1956 
which, in effect, results in all covert expenses involving issuance of Treasury 
Checks being accumulated in a separate account within the Finance Division. The 
amounts in this account will be periodically scheduled for certification of the 
vouchers by the Director. This procedure eliminates the necessity for a sepa- 
rate certification of authority under Section 8 (b) of Public Law 110, 8 lst Con- 
gress (formerly 10 (b) - see 85-507 dated 7 / 7 / 58 ) for each contract. 

The following comments describe the procurement hereby effected, the 
terms and provisions generally of this contract/amendment, and a resume of 
major issues negotiated: 

Amendment No. ^j^Tasl^^de^N^. 7 provides for packaging 
and ruggedizing the developed under th2§X1D 

task order for tran^^^^^^W^^fl^^^^^m;ract . The equipment 
transfer results for the redirection of work started in Memo, 
ORD-4915-66, attached. The contractor's proposal for this 
additional effort is considered fair and reasonable. 


Arlprm/ari Fnr bpIp^p ?Qfn/fu/?3 ■ riA-RnP7iRnnfig7Rnnifin nnqnnni-? 


FORM 
1 f - 6 3 


2167a 


SECRET 


GROUP I 

Excluded from automatic 
downgrading and 
declotsificalian 


( 12 ) 
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SECRET 
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PRECONTRACT APPROVAL 
RECORD 

(PART ONE) 


CONTRACTOR 

The Perkin-Eltner Corporation 


CONTRACT NO. 

CH-900 

Task Order Wo. 7 


AMENDMENT NO. 


CONTROL NO. 


OXC -9766 
Copy / of 3 

13 April 1966 


THIS CONTRACT APPROVAL RECORD CONTAINS A RECOMMENDATION SUBMITTED FOR CONCURRENCE OF 
THE UNDERSIGNED. CONCURRENCE IN THIS PRECONTRACT APPROVAL RECORD IS RECOMMENDED BY THE CON- 
TRACTING OFFICER. BY CONCURRENCE, THE CHIEF, BUDGET AND FINANCE BRANCH, SIGNIFIES THAT SUFFICIENT 
FUNDS ARE AVAILABLE (NOT INCLUDING CONTINGENT & EXPOSURE) AND/OR HAVE BEEN ADJUSTED AS PROVIDED 
IN THIS DOCUMENT . 


i TYPE OF CONTRACT 

□ L.,. 

Q. 

Ll_ 

□ 

REDETERM 

□ 

CP 1 F 

□ TECH REP 

□ DEFINITIZED 

□ FPIP 


□ 

TftM 

D FISCAL YEAR 

□ F.P. 

0X CPFF 


□ 

CALL TYPE 


| FINANCIAL DATA | 

CONTRACT VALUE 

PREV 1 OUS 

OBLIGATION - PRIOR FY 


PREVIOUS OBLIGATION - CURRENT FY 

* 1^7 , 799 

$ 



* 4«,o42 



OBLIGATION BY THIS DOCUMENT 


DESCRIPTION, PROGRAM OR LINE ITEM 

FISCAL YEAR 

PROJECT 

AMOUNT 

6162-5000, MGR 002173 

1966 


* 99,797 

C omu onent OKD - DD /S&T 




Ref : OSA-1465-66 

















$ 

99.757. 


CONTINGENT UPON AVAILABILITY 

OF FUNDS 




EXPOSURE LI AB ILITY 
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PRECONTRACT APPROVAL RECORD 

(PART TWO) 


contract 


The services and equipment being procured by this Contract No.. 
CH-900 T.O. jj= 7 are in furtherance of the OXCART 


Program ( s ) , the nature of which cannot be publicly disclosed for security rea- 
sons . The Contracting Officer therefore determines that this procurement must 
be accomplished by negotiations pursuant to the authority of Section 3(a) of 
PL 81-110 and Class Determination and Finding, OXC 2122, signed by the DDCI on 
15 October 1961. 

Certification of funds for this contract will be handled under the pro- 
cedure approved by the Director of Central Intelligence on 15 December 1956 
which, in effect, results in all covert expenses involving issuance of Treasury 
Checks being accumulated in a separate account within the Finance Division. The 
amounts in this account will be periodically scheduled for certification of the 
vouchers by the Director. This procedure eliminates the necessity for a sepa- 
rate certification of authority under Section 8(b) of Public Law 110, 8lst Con- 
gress (formerly 10(b) - see 85-507 dated 7/7/58) for each contract. 

The following comments describe the procurement hereby effected, the 
terms and provisions generally of this contract/amendment, and a resume of 
major issues negotiated: 

Amendment No. 1 to Task Order No. 7 has been drawn pursuant 
to Memo ORD-858-66 (DDS&T 1647-66); 18 Marcl^^^6^^fm^^te£^a^ fabrication, 
test and delivery of a prototype of an^^^^^H^HI^HH^based on 
feasibility studies already conducted Sdei^h^tasl^ord^^^^ 


25X1 D 
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SECRET 


GROUP 1 
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declassification 


( 12 ) 


Hiwr 


25X1 A 
25X1 A 
25X1 A 
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secret 
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PRECONTRACT APPROVAL 
RECORD 
(PART ONE) 


CONTRACTOR 

PERKIN-ELMER CORPORATION 


CONTRACT NO. AMENDMENT NO. 

CH-900 Task Order No. 7 


CONTROL NO. 

OXC-9245 
Copy / of 3 

11 Oct. 1965 


THIS CONTRACT APPROVAL RECORD CONTAINS A RECOMMENDATION SUBMITTED FOR CONCURRENCE OF 
THE UNDERSIGNED. CONCURRENCE IN THIS PRECONTRACT APPROVAL RECORD IS RECOMMENDED BY THE CON- 
TRACTING OFFICER. BY CONCURRENCE, THE CHIEF, BUDGET AND FINANCE BRANCH, SIGNIFIES THAT SUFFICIENT 
FUNDS ARE AVAILABLE (NOT INCLUDING CONTINGENT & EXPOSURE! AND/OR HAVE BEEN ADJUSTED AS PROVIDED 
IN THIS DOCUMENT. 


TYPE OF CONTRACT 


□ L.l. 

□ F.P. REDETERM Q 

CPIF □ TECH REP 

□ DEF INITIZED 

□ FP If* □ 

T&M □ FISCAL YEAR 

□ F.P. 

0 CPFF □ 

CALL TYPE 

FINANCIAL DATA f 

CONTRACT VALUE 

PREVIOUS OBLIGATION - PRIOR FY 

PREVIOUS OBLIGATION - CURRENT FY 

, 48,042 

1 

o 

* - 0 - 

OBLIGATION BY THIS DOCUMENT j 


DESCRIPTION. PROGRAM OR LINE ITEM 


6162-5000 MOR002056 


Ref OSA-3692-65 


Compo ne nt - ORD- DDS feT 


FISCAL YEAR 


1966 


PROJECT 


TOTAL THIS OBLIGATION 


CONTINGENT UPON AVAILABILITY 
OF FUNDS 


48^042 


48 , 042 



2167 
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f PRECONTRACT APPROVAL RECORD 

(PART TWO) 


SXSS8XSS CH-900 


CH— 900 

The services and equipment being procured by a ^ t ON AL^E FEN S°E 

15 October 1961. 

Certification of funds for this contract will ^56 Pr °" 

cedure approved by the Director of Centra n e /^“lving issuance of Treasury 
which, in effect, results ,f ua^facS Jithln the Finance Division. The 

Checks being accumulated in P qcheduled for certification of the 

amounts in this account wil e peri * e u mina t e s the necessity for a sepa- 

;:rSrti?ication of authority under Section 8 (b) of Public law 110, 8 lst Con- 
gress (formerly 10(b) - see 85-507 dated 7/7/58) for each contract. 

The following comments describe the procurement hereby effected, the 
terms and provisions generally of this contract/amendment , and a resume of 
major issues negotiated: 25X1 D 

Task Order No. 7 has been drawn pursuant to mem^R^310-6 
Task orae Rf . f study in connection with 

dated 2 0 The scope of wor^to be 

W as detailed in Phase I of 

accumpj- -*■- “ 7 z. „ , ‘ "Cpvdsion A", dated 16 July lybo. 

;:las^f£2£ POt ^ ; estlmat “ ount o1 $48,042 

including factor . 


25X1 A 
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i {i£ 

The Perkin-Elmer Corporation 
Main Avenue 
Norwalk, Connecticut 


OXC-11252-66 
Copy j of 4 

Contract No. CH-900 
Task Order No. 7 
Amendment No. 2 

4 JAN 1967 


Gentlemen : 

1 , This document constitutes Amendment No. 2 to 
Task Order No. 7 issued under Contract No. CH-900 
between the Perkin-Elmer Corporation and the United 
States of America. 

2. Pursuant to the provisions of the CHANGES clause 
in Contract No. CH-900 it is in the interest of the 
Government to amend Task Order No. 7 as follows: 

(a) The additional work and services set forth 
below are added to the Schedule: 

"The Contractor shall package and ruggedize 
certain equipment and provide an external cover and an 

“ " ' ' t all in 

10 November25X1A 
Schedule 


(b) Paragraph 3, ESTIMATED COST AND FIXED-FEE, 
in the Task Order is deleted and the following paragraph 
is substituted therefor: 


operation instruction manual io^tn^equipme 
accordance with its Proposal dated 
1966. Said proposal is ineorp?5F!TO?^^ito th 
of this Task Order by reference." 


"3. ESTIMATED COST AND FIXED-FEE 


a. The estimated cost of the perform ance of this 
sk Order, exclusive of the fixed-fee , is 


Cost in excess of tms amounr Snail not be 
incur recf^^;hout the prior written authorization of the 
Contracting Officer. 


25X1A 

25X1A 
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(c) By reason of the foregoing, the expiration 
date for performance of this Task Order is extended 
from 31 January 1967 to 28 February 1967. 


3. All other terms and conditions of Task Order No. 

7, as amended, remain unchanged. 

4. Please indicate your receipt of this Amendment No. 
2 to Task Order No. 7 and your acceptance thereof by 
executing the original and two copies of this amendment. 
Return the fully executed original and one copy to the 
undersigned and retain the remaining copy for your files. 


25X1 A 


ACKNOWLEDGED AND ACCEPTED 
25X1 A THE PERKINAELMEJ^CORPOR AT I ON 

BY_^ 

Administ ration 

and Procurement 

DATE 10 January 1967 
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OXC -9951 

a „ Copy_/_of 4 


Contract No. CH-900 
Task Order No. 7 
Amendment No . 1 


20 APR 1966 

The Perkin-Elmer Corporation 
Main Avenue 
Norwalk, Connecticut 

Gentlemen: 

1. This document constitutes Amendment No. 1 to Task Order No. 7 
issued under Contract No. CH-900 between The Perkin-Elmer Corporation 
and the United States of America. 

2. Pursuant to the provisions of the CHANGES clause in Contract 
No. CH-900, it is in the interest of the Government to amend Task Order 
No. 7 as follows: 

(a) The additional work and services set forth below are added 
to the Schedule : 


"The Contractor shall provide the personnel, facilities and materials, 
and shall design, fabricate, test and deliver a four element laboratory 
model of a n analyzer as described in and in accordance with its Proposal 
dated 7 March 1966 . Said proposal is incorporated into the 
Le ™f this Task Order by reference . " 


jcneau 


(b) Paragraph 3 . ESTIMATED COST AND FIXED-FEE, in the Task Order 
is deleted and the following paragraph is substituted therefor: 


"3. ESTIMATED COST AND FIXED-FEE 


25X1A 


a. The estimated cost of the -performance of this Task Order, 
exclusive of the fixed-fee, 



amoun' 

of the Contracting Officer. 


rior written authorization 
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3. By reason of the foregoing the expiration date of the period 
of performance of this Task Order is extended from 31 March 1966 to 
31 January 196 ? • 

4. All other terms and conditions of Task Order Wo. 7 to Contract 
Wo. CH-900 remain unchanged. 


5 . Please indicate your receipt of this Amendment No. 1 to Task 
Order Wo. 7 and your acceptance thereof by executing the original and 
two copies of this amendment. Return the fully executed original and 
one copy to the undersigned and retain the remaining copy for your files. 


25X1 A 



25X1 A 


ACKNOWLEDGED AND ACCEPTED 
THE PERKIN -ELMER CORPORATION 



DATE 26 April 1966 
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The Perkin-Elmer Corporation 
Main Avenue 
Norwalk, Connecticut 

Gentlemen ; 


697R001 600090001 -2 


OXC-9244 

Task Order No. 7 

Contract No. CH-900 

Copy | of 4 

2 5 OCT 1965 


1. In accordance with the provisions of Contract No. CH-900 
and effective upon your acceptance hereof, you are authorized to 
proceed with the performance of Task Order No. 7 to said contract. 

2. The scope of work to be performed under this Task Order 
and such additional provisions as may be applicable are set forth 
in the attached schedule. 


3. ESTIMATED COST AND FIXED- FEE: 


25X1 A 


a. The estimated cost of the per formance of this 
Task Order, exclusive of the fixed-fee, is 


ns amount snail not oe incurred witnou' 
authorization of the Contracting Officer. 



Jost in excess oj 

the prior writter£5X1A 



4. The period of performance of this Task Order shall ex- 
pire on 31 March 1966; however, said period of performance may 
be extended by mutual agreement. 


5. Upon execution of all copies of this Task Order No. 7 
please return the original and one copy to the undersigned and 
retain the remaining copy for your files. 



DATE 2 NcK7 , pm1iPT‘ 1 QfiR 
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SCHEDULE 


1. The Contractor shall perform the studies and submit 
a final report thereon in accordance with Phase I of P and E 
Engineering Report No. ’’Revision A", dated 16 July 1965. Said 
report is incorporated into this task order by reference. 

2. Anticipatory Costs: All costs which have been incurred 
by the Contractor on or after 20 September 1965 in anticipation 
of and prior to the signing of this Task Order No. 7 and which, 
if incurred after the signing of this Task Order would have 
been considered as allowable costs hereunder will be accepted 

as cost under this Task Order. 

3. Contractor's standard commercial items used in the 
performance of this contract shall be supplied at fair and 
reasonable prices at which such items are normally sold to the 
U. S. Government. The estimated price of Contractor's standard 
commercial items to be used hereunder and indicated in Contractor's 
cost proposal has been excluded from estimated cost in nego- 
tiating the fixed-fee under this Task Order. 
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October 2, 1967 
VSH-M-1768 


Dear Joe: 


Subject: Contract CH-900 

Task No. 7 

Reference: a. our letter VSH-M-1702 

dated 5/2/67 STATINTL 

b. your TWX 0775 dated 5/25/67 


On May 25. 1967 we received approval to pu blish a paper entitled, 

Attached is a revised 

copy of the same paper which we are forwarding for your review. 



Please provide us with approval to publish this paper, as revised, at 
your earliest convenience. 


Regards, 


/Ou > 

Gus * 


vsh 

Attachment 



C D Al 



Approved For Release 2001/04/23 : CIA-RDP71B00697R001 600090001 -2 






f\ 




0R1G A 
UMJT : 

EXT s 69^6 
DATE; 25 Kay 1967 

isa&BRx* 


1/04/23-H 


25X1 A 




“■Wc hwa t 


S E C B E T 


TO S 
k FROM; 
(iONP, 
<]'rO ; 


\ / C> 

V. 


/ 



ROWING 


H&b/osA 


COMPT/OSA 

sSToSa 


ORD/DDS&T 

KB/OSA 


DEFERRED 


routine 


?! TO 

25X1 |a 


SECRET 


25X1 A 


INTO 


25X1 A 
25X1 A 
25X1 k 
25 Xi!a 


25X1 A 


25 21 0j z 


CITE 


K\ 

Turn 


70 


11 


12 


13 


14 


15 


1« 


PRIORITY 


OPERATIONAL! ffmwu 

immediate: 


INOW 


>^7S3 





LETTER VSH-M-1702, 2 MAY 

INTERPOSES NO OBJECTION TO 
ATTACHMENT TO REF WITH NO REFERENCE TO 


PUBLISHING 


END OF MESSAGE 


Concurred by routing slip a ttached 
ORD/DDS&T — 


Co ncurre d by routine si Id attached 
5SD/R&D/OSA 


25X1 A 

Ref Attached 


Concurred by routing slip at tached 
23S/OSA 



C/CMD/OSA 

K&IUEASING OFFICER 


COORDINATING OFFICERS 


SECRET j t — asssass, j AUTHENTICATING OFFICS? 

REPRODUCTION BY OTHER THAN THE ISSUING OFFICE IS PROHIBITED, Copy No. 


_ C3W? 1 
liwajj.'iuflaj f»d 


/ 
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osa -y/yy-^ i 


18 October 1966 
MW-M-1571 



Subject’: Contract CH-900 
Task No. 7 


Enclosed is a copy of September 1966 Progress Report, which has 
been prepared in connection with work performed under the subject 
task. 


A complete copy of the Progress Report is being sent under separate 
cover to the Technical Monitor. 



25X1 A 


pm 

Encl osure 

cc : PfJBfs 
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25X1 A 


0R1G ; 

UNIT : 

ext : 6855 

DATE: ia April 1966 


elease 2001/04/: 




WntS'irrrz 

SECRET 


ROUTING 

nr 


25X1 A to s 


25X1A 


25X1 A 



FROM: DIRECTOR 


CONF: 


INFO c 


A o 

X a {y 


X7 t- 


I DEFERRED 


ROUTINE 


PRIORITY 

OPERATIONAL 

IMMEDIATE 


25X1 A 


<9 6 


7R0M CONTRACTING OFFICER 




25X1 A 


1332 


8045 


ESTIMATED PRICE TASK ORDER NO, 7 TO CONTRACT CH-900 INCREASED $99,75?. 
FROM AMENDMENT TO TASK ORDER FOLLOWS „ 

END OF MESSAGE 



FUNDING: ORD-DD/S&T 6162-5000 MOR 002175 PER FORM I?l6, OSA REF 1465-66. 


25X1 A * 
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i 0 AUG 1967 
OSA-2959-67 
Copy ljf? of 3 


MEMORANDUM FOR; Chief, Industrial Audit Division, OSA 
SUBJECT : Requests for Final Cost and Property Audits 


1, Please advis© status of the final cost and property 
audits on the following contracts with, the Perkin-Eliaer Corp 

Contract PR-2105 
Contract PI-624 
1 Contract LW-627 

Contract CH-900 Task Order 2 
Contract CE-9Q0 Task Order 6 
Contract CH-900 Task Order 9 
Contract CH-900 Task Order 10 


2. . The following additional contracts with Perkin-Elrner 
Corp. have been recently completed. It is requested that final 
cost and property audits of these contracts be made at your 
earliest convenience. 


f Co 


ntract CH -900 
Contract CH-90CT 


Task Order 1 
Task Order 7 




25X1 A 


25X1 A 


SIGNED 


Contract 



gemeni 


)ivision, 

OSA 


g ^^^y CMD/OSA/DDSgiT/i kw 

Distribution; Copy 1 & 2 - IAD/OSA 

3 - CMD/OSA 
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ORD-858-66 

1 8 MAR 1966 


MEMORANDUM FOR: Chief, Contracts Division/OSA 

SUBJECT : Follow-on Task with Perk in-Elmer Corporation, 

Norwalk, Conn. 


1. The Office of Research and 
on task be negotiated for OXC-9244 ' 
at Perkin-Elmer Corp. The proposed 

will cover a period, of nine months i . 

The work will be a combination of applied research and engineering 
development. ORD will transfer the necessary funds as per the attached 

Form 1716. 


Development requests a follow- 
ask N o. 7. Contract No. CH-90 0 
work. 

4- v* r 



25X1 D 




2. In our memorandum to you, ORB-2310-65, dated. 20 August 1965, 
we spelled, out in sane detail the reasons for requesting OSA to handle 
the contracts. These reasons are still valid and. will not be repeated 
here. Since the initial study (Task No. 7) has indicated the easibil- 
ity of the program, the follow-on tasjs will be to build, a prototype 
instrument which can be tested, in the laboratory. 


3 . The scope of the work to be accomplished is the constructing^ 
of a prototype instrument as detailed in the attached, proposal. Upon 
the final testing of this instrument t 
plete the overall system by combining 

4. The contractor will deliver briefing aids, interim reports as 
required by the Project Officer, and. a prototype instrument. 



5 . Association with the Agency will be classified, SECRET. 
will be classified SECRET unless otherwise directed by the Project Offi- 
cer. 


> 

**■*■*■» Z' 4 -*' 




/ ,) 

Approved For Release 2D01 /04/23 /felA-IRDF^Ti 


if / 


yCtix f 



enaup 1 

i 

rjtcIsfiBS Jrsiti automatic 

/ . *&*■"“ ■■ ' 

tfo»n:ra(il»3 and 

/ 

declassification 

&£*+*'* 1 


01600090001-2 
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25X1 A 


25X1 A 


6 . 

for this 


extension 6895; is Project Officer 
execution. 


Director 



25X1 A 


Attachments: Proposal $03/8/66-3 
Cost Breakdown 


APPROVAL: 



Deputy Director 
for 

Science and Technology 


Date 
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* ijgA-14 m-m 

7 April 19f>6 


■KMORAMStflf FOR: Chief , Accotmte Division. 

60S -A Cey Bail ding 

SUBJECT: Authorization to Expend Funds fro® 

Other Components * Allotments 


KKF£tt£MCB: 


QSA~5?664-63, dated 23 May 1 963 


la coup] iaace with paragraph 5 of the referenced 
tioeuwent , a copy of the For® 1716 listed below is 
transmitted herewith for your retention: 
aBFEBB fCjS m. COM POS KHT COST COB% mi AMOtmT 

OBA 1465-06 ORD-DD/SbT 6162-6000 002176 *99,767.00 


25X1 A 


At t&ehaeat : 

As noted above 



OSA-fiD/SMT 


25X1 A 


(7 Apr. 66) 

Distribution: 

Orig & 1-Addressee, w/att 

l-B&F/OSA (Reg-JCS) , w/att 
l-B&F/OSA (Budg-BLR), w/att 
l-B&F/OSA (Contr Pnt-CJM) , w/att 
1-RB/OSA, wo/at t 
l, Jt— C/CD/OSA , w/att 
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SECRET 
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ORD 2310-65 
20 August 1965 


MEMORANDUM FOR: Chief, Contracts Division/ OSA 

SUBJECT : New Task with the Perkin-Elmer Corporation, 

Norwalk, Conn. 


new t 
work, 


The Office of Research and Development requests a 
^T^neec^^L^f^v^lj^th^sulx^c^^f^n^^Th^propos e d 

wij^xiD 

cover _ aperK^o^s^^no^n!^^^^m^eCTfliTCTe?^oo^^x«^^?^652 . 

The work will be a combination of applied research and engineering 
development. ORD will transfer the necessary funds as per 
attached Form 1716. Phase I only is being purchased at this 
time. 


25X1 D 
25X1 D 

25X1 D 


2. This office is requesting that the contract be 
handled through OSA channels for several reasons. First, the 
idea originally came into OSA from Perkin-Elmer and was 
referred to us (see attached letter dated 11 February 1965). 
Secondly, ^^th^oroposet^^ud^aroves^th^feas^D^^^j^o^^^^ 
the idea , 


HmHfinal reason for this request is that the people 
z^PerkS^lmer who would work on this project are cleared 
through OSA channels, and we want to maintain the established 
security since we feel that the potential of this system foi^xiD 
vital intelligence collection is very high. Perkin-Elmer was 
selected as the most appropriate cor^ra^o^becaus^the^h^^^^^^^ 
a unique capability in the field of 
both in the personnel available and 


3. The scope of the work to be accomplished is a 
feasibility study as detailed in the attached proposal. At 
the end of this study we will be in a position to decide 
whether or not to go forward with a overall system develop- 
ment program. 


4. The contractor will deliver briefing aids, a final 
report, and such interim reports as may be required by the 
Project Officer. 


?CPn»- 

v #„ u jfi i ■ 
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25X1 A 


5. Association with the Agency will be classified 
SECRET. Reports will be classified SECRET unless otherwise 
directed by the Project Officer. 

e x e n o n 

Officer f its execution. 


25X1 A 

ROBERT M. CHAPMAN 

DIRECTOR OF RESEARCH AND DEVELOPMENT 

Attachments : 

Letter dated 15 Feb. 1965 
Proposal - Revision A 
Cost Breakdown 



APPROVAL 


25X1 A 


9 SEP 1965 

T5STE 



F" GRuilP t I 

I Excluded irusi autwnUi i 
downgrading and f 
2 MiiBKtetta 






YOU AEE AUTHORIZED TO PROCEED WITH PHASE I # STUDY s 


OF REF 0 

2„ PENDING NEGOTIATION OF DEFINITIVE CONTRACT YOU AEE 
AUTHORIZED TO INCUS COST NOT EXCEEDING A TOTAL OF $45 s 000 o 

3 0 TASS ORDER NO „ 7 TO CH-9QQ ASSIGNED THIS 33ROCUEEMENT e 


MD OF MESSAGE 


FUNDINGS OKD 6162-5000 
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OSA-3692-65 
20 September 1965 


MEMORANDUM FOR: Chief , Accounts Division, #114 

ft 05 -A Key Building 

SUBJECT: Authorization to Expend Fuads from 

Other Components' Allotment® 

REFERENCE: OSA-2604-63, dated 23 May 1963 


In compliance with paragraph 5 of the referenced 
document, a copy of the Form 1716 listed below is trans- 
mitted herewith for your retention: 

BBFSREBCE NO. C OMPONENT COST CODE MOE AMOUNT 

OSA-3692-65 ORD-DD/S&T 0162-5000 002056 $49,652.00 


25X1 A 


Chi 


Attachment : 

As noted above 


25X1 A 

6&F/0SA^^^^H (20 Sept. 65) 

Orig 8c 1-Addressee, w/att 
v^-C/CD/OSA, w/att 

l-B&F/OSA (Reg f ile-TJD) , w/att 
l-B&F/OSA (Budget -BLR) , w/att 
l-B&F/OSA (Contr Pmt-CJM) , w/att 
1-RB/OSA, wo/att 



OSA-DD/S&T 
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CROUP 1 

Excluded from automatic 
downgrading am j 
dsc'asslflcatlou 
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AUTHORIZATION TO EXPEND FUNDS 

DATE 

FROM OTHER COMPONENTS ALLOTMENTS 

2 :; Mmsk 1'xi-s 


: Chief., Qantrmtv ffevisi es/OfSA OSA-3692-65 



SUPPORT, OR SERVICES, TO BE PROVIDED 


I) fflsgoiie'.ian of « new task vita the fe*fccin»Il*ner Qorpomfcim, ikmaUk, 

Co. -jeoti cut » 

2} <0 security metier* between the Agency imC ffct&in-Sliaer 

Co-rpcam'.ioa, 

3) The work to be performed consists of a feasibility study 
as detailed in the attached proposal. Phase I only is 
being funded for a 6-month period at an estimated cost of 
$49,652. 


CHARGEABLE TO 

IF CHARGEABLE TO ACCOUNT NO. 144.1 

PROJECT 

• 

FORWARD RECEIPTS SUPPORTING EXPENSES TO 

ROOM NO* 

build ing 

EXTENS 1 ON 

ALLOTMENT NO. 

SIGNATURE OF DIVISION CHIEF 25X1A 

DIVISION 

PC/ORD 

OBLIGATION reference 

A. EXPENSE B. 144-1 ACCOUNT 


SIGNATURE OF ACCOUNTABLE OFFICER 


FUNDS AVAILABLE 

CONCURRENCE 

SIGNATURE OF BUDGET OFFICER 25X1A 

2001/04/23 : CIA-RDP/ 

SIGNATURE FOR FINANCE DIVISION 

1 B00697R001 600090001 -2 

r o r ^ XV u&f nr .. 

i i . 62 1^10 edTtions!""" OC.V/ 

?FT GROUP 1 / o) 

» 1 Excluded from autorrotic * ** ' 

downgrading and declasiificolion 
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July u» ms 



.HfTTr.Mli 


RxTTTWmfTWT '■MTTfTfTM; 


proposal tided 

previously subnixcaa to you* this revision is * result or your v 
horn during the Utter pert of June* This visit defined the problem 
core specifically nod the desired phases of the program* 

The revised technical proposal has a little mere technical 
input. Zt it significant that the e Hewed increase in stapling time 
will aid tha predicted senultlvlty. 

The proposed program la now quoted in two phases. Phase X 
will he a study concerned with measurement techniques and instrument 
feasibility. The selling price for this it $49*652 and the completion 
will he within tin months* Phase IX will he a breadboard design, 
development and teat* The telling price for it (bated on having com* 
plated Phase X) is $116*096 end delivery would be within ten months 
of receipt of contrect. Xn the event that Phase XX is contracted 
separately, at a later date, it could be completed within sin months 
of completion of the Phase X study. 

The total selling price for Photo X endJphaee XX is $l67,74t« 
one cost-plug Pined Pse basin# > 


Please sail me M\ Aren Gede 

additional infor mat ion 


If yon require 


25X1 D 


25X1A 


Sincerely 


25X1 A 


tmtnr 
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25 X 1 A 


TO : 

THRU ; 

ATTN : 

SUBJECT : 

REFERENCE: 

SUPPORT, OR 


DATE 


AUTHORIZATION TO EXPEND FUNDS 
FROM OTHER COMPONENTS ALLOTMENTS 



ILLEGIB 
25 X 1 D 



SERVICES, TO BE PROVIDED 


1) fegpLtfttiim «f • tmv UNfe 

f) IMP til# AaftSOy wti fNf*9tl»»I3«#r 

3) Tli# work to fe# pwfon tod «on«i«t# #* * f«*«ibiUty btudy 
## ill tba *tfah*4 p*opon*l. * tm I «miy is 

b#l»f funded far * «-i cant* pariod at «» eo#t of 


•w 


CHARGEABLE TO 


PROJECT 

<9R$» : 05-& • 




ALLOTMENT NO 





| OBLIGATION REFERENCE 


A. EXPENSE 


B . 144- 

ACCOUNT 

[SIGNATURE OF 

ACCOUNTABLE OFFICER 




IF CHARGEABLE TO ACCOUNT NO. 144,1 


FORWARD RECEIPTS SUPPORTING EXPENSES TO 


BU l LD I NG 


SIGNATURE OF DIVISION CHIEF 


25X1 A 


EXTENS I ON 


DIVISION 


PC/OED 


FUNDS AVAILABLE 


CONCURRENCE 


SIGNATURE OF BUDGET OFFICER 

25 X 1 A 

^a.s^001/04/23 : CIA-RDP7I 

wr ill 



SIGNATURE FOR FINANCE DIVISION 

|1 B00697R001 600090001 -2 


FORM 

1 ! • 62 I ^ I ^ EDITIONS. 


SECRET 


GROUP 1 

Excluded from outomotic 
wngrading and dedoitificalioi 


(3) 
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OSA - l\ W'Ul 


8 March 1967 
VSH-M-1666 


Dear Joe: 


Subject: Contract CH-900 

Task No. 7 


A- 



In accordance with Contract requirements, enclosed is one copy of the 

Final Report entitled, 


Two copies of the Final Report are being sent under separate cover to 


the Technical Monitor. 


vsh 

Attachment 

25X1 A 



ILLEGIB 


Regards , 
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ORD-49 15-66 

1 5 DEC 1966 


25X1 A 


MEMORANDUM FOR: 
ATTENTION : 
SUBJECT 


Director of OSA 



ORD Contract with Perkin-Elmer Corporation 


25X1 A 


25X1 D 


25X1 D 



1. The purpose of this memorandum is to inform you 
that ORD/PC will not continue with Phase IIC of Contract 
CH-900, Task No. 7 with Perkin-Elmer Corporation as 25X1D 

described in their current and previous proposals. Because 
a h igh-level policy decision has been made to te rminate 

by January 1967. 



iowever , 

with a slight amount ot additional worK, tne laooratory 
prototype instrument can be made into a useful instrument 
for another ORD contract. Therefore, in order to accomplish 
an orderly close-out of this contract and to provide funds 
to repackage and ruggedize the laboratory prototype for 
field use on our other contract, we are requesting that you 
add $7,483 to the present contract. These additional funds 
will be transferred to you as per paragraph 4 of this 
memorandum. 


2. It is to be emphasized that this action by ORD/PC 
had nothing to do with the performance of the contractor. 

On the contrary, Perkin-Elmer Corporation and its personnel 
performed very well indeed. All portions of the system 
were working as predicted and exceeding the necessary 
detection levels. 
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oec/ass/ncafifin 
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SUBJECT: ORD Contract with Perkin-Elmer Corporation 


25X1 D 
25X1 D 


25X1 D 


3. During the course of the work, onepatentableitem 
was developed and disclosure made on it 


use snouj 


Royalty-free license tor governmenl 
this invention. 


25X1 A 



4. It is requested that $7,483 be added to Contract 
CH-900, Task No. 7 with Perkin-Elmer Corporation. Charge 
against Fan Account No. 7162-5006. The MOR No. is 62-002110-67. 



ROBERT M. CHAPMAN 

Director of Research and Development 


Attachment : 
Form 2416 


\^0l 
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10 November 1966 
MW-M-1582 


Dear Jack: 


25X^r 


Subject : 


Proposed Change/Extension in Scope of 
■H| Project. 

Tas^No . 7 

Contract CH-900 



25X1 D 


25X1 D 


25X1 D 



This proposed change is to confirm your direction under 
the subject task to package, ruggedize, and prepare the equipment 
for transfer to a different contract. 



instrument will be ruggedized 
The main support base will 
components permanently secured for 

__ An external cover shall be provided 

and an operation instruction manual will be provided. The attached 
;ost breakdown details the additional cost, and the performance 
time is to be extended by one month, from 31 January 1967 to 28 
February 1967. 


The 

and packaged wit 
be reinforced and 
a more rugged environment use 


Based upon your request to make the above change, it is 
our understanding that our proposal for Phase IIC dated 26 October 
1966, File MW-M-1579, will not be funded. 

We look forward to an early conversion of this proposal. 


Regards , 



25X1 A P m 

Attachments 
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